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Message Text 

UNCLASSIFIED 

PAGE 01 GEORGE 02492 071929Z 
ACTION ARA-14 

INFO OCT-01 ISO-OO SY-05 /020 W 

129159 071930Z/43 

P R 071840Z OCT 77D 
FM AMEMBASSY GEORGETOWN 
TO SECSTATE WASHDC PRIORITY 5450 
USIA WASHDC PRIORITY 
INFO AMEMBASSY CARACAS 

UNCLAS GEORGETOWN 2492 

FOR ARA/MGT, SY/FO, FBO, CARACAS FOR RSO, USIA FOR IOS/P 

E.O. 11652: N/A 
TAGS: ASEC, ABLD 

SUBJECT: FUNDING FOR SECURITY PROJECTS 

REF: (A) CARACAS A-33 (NOTAL), (B) UNNUMBERED CARACAS AIRGRAM, 

DATED 27 APRIL 1977(NOTAL) 

1 . THERE FOLLOWS A LIST OF SECURITY PROJECTS WHICH MAY 

BE STARTED UPON RECEIPT OF FUNDS REQUESTED AND WHICH WILL 
COMPLETE IMPLEMENTATION OF ALL STATE AND USIA RSO 
RECOMMENDATIONS ON REFERENCED SURVEYS FOR SECURITY 
IMPROVEMENTS. 

2. EXCEPT WHERE NOTED, ESTIMATES INCLUDE MATERIALS AND 
LABOR. 

I. CHANCERY 

A. INSTALLATION ONLY OF LEXGARD ON MSG AND 

RECEPTION COUNTERS (COST OF LEXGARD MODULES NOT 
YET KNOWN). $500 

B. REINFORCE MSG AND RECEPT. COUNTERS WITH 

1/4 INCH STEEL PLATES (INSTALLATION ONLY, STEEL 
ON HAND). 250 

C. INSTALL STEEL DOOR IN LOBBY RESTRICTING 
UNCLASSIFIED 
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ACCESS TO CHANCERY BEYOND MSG AND RECEPT. 300 

D. INSTALL ELEC. OPERATED STEEL ROLL-DOWN 

DOOR AT LOBBY ENTRANCE (INCLUDES EST. SHIPPING 
COST FROM U.S.) 4,500 

E. INSTALL MYLAR ON ALL CHANERY GLASS 

2,200 SQ. FT. (INCLUDES EST. SHIPPING) 2.000 

F. INSTALL FOUR FOOT CHAIN LINK FENCE 
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TOPPED BY TWO FOOT BARBED WIRE TRIPOD ON 
EXISTING PERIMETER WALL 4,700 

G. REPAIR INCINERATOR STACK 200 

H. CONSULATE 

A. EXTEND AND REINFORCE NIV COUNTER WITH 1/4 

INCH STEEL PLATE. 700 

B. INSTALL 2 LEXGARD MODULES AT NIV INTERVIEW 

POSITIONS (LEXGARD COST UNKNOWN). 300 

C. CONSTRUCT 12 FOOT WALL W/STEEL DOOR TO 
COMPLETE ENCLOSURE OF NIV INTERVIEWERS 1 ,000 

D. CUT DOOR OPENING AND INSTALL DOOR BETWEEN 

NIV SECTION AND FILE ROOM (ESCAPE ROUTE) 200 

E. INSTALL GRILL DOOR TO CONTROL PUBLIC TRAFFIC 

BETWEEN NIV AND IV AREAS. 200 

F. INSTALL 1/4 INCH STEEL REINFORCED SOLID 

DOOR SEPARATING CONS AND VICE CONS OFFICES FROM 
PUBLIC AREAS. 300 

G. INSTALL TWELVE SECURITY LIGHTS ON ROOF. 700 

H. INSTALL EIGHT FOOT CHAIN LINK FENCE AND 

GATES ON NORTH AND EAST BOUNDARIES OF LOT. 5,500 

I. INSTALL MYLAR, 473 SQ. FT. 450 

III. RESIDENCE 

A. INSTALL SOLID WOOD DOORS AT FRONT ENTRANCE 300 

B. INSTALL SOLID WOOD. 1/4 INCH STEEL REIN- 
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FORCED DOORS AT AMB’S PRIVATE CHAMBERS. 700 

C. INSTALL THREE SLIDING GRILL DOORS OVER 

FRENCH DOORS TO SECOND FLOOR PORCH FROM BED- 
ROOMS AND HALL. 1,000 

D . INSTALL PORTABLE FIRE ESCAPES 200 

IV. USIS 

A. INSTALL STEEL DOORS AT EAST AND WEST 

STAIRWELL LANDING ON 3RD FLOOR; ON WEST 
LANDING ON 1 ST FLOOR. 500 

B. INSTALL INTERCOM BETWEEN PAO RESIDENCE BEDROOM 

AND CONTRACT GUARD OUTSIDE. 1 00 

C. INSTALL PORTABLE FIRE ESCAPE PAO RESIDENCE 75 

D. INSTALL 2682 SQ. FT. MYLAR ON INFO CENTER 

WINDOWS. (INCLUDES EST. SHIPPING) 2,900 

3. TOTALS: STATE $24,000; USIA $3,575. 

4. AS ESTIMATES SUBJECT TO FLUCTUATION IN RELATION 
TO AVAILABILITY OF CONSTRUCTION SUPPLIES, EARLY 
APPROVAL AND FUNDING WOULD BE APPRECIATED. 

BURKE 
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